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BILL NO. S-83-09- x 5’_ST' 


SPECIAL ORDINANCE NO. 


S c*?/ 


AN ORDINANCE approving Change Order 
#1, Cloverbrook Drive, Res. #5986-83 
with Lakeside Construction Co., in 
connection with the Board of Public 
Works. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 

OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order #1, Cloverbrook Drive, 

Res. #5986-83, with Lakeside Construction Co., in connection 

with the Board of Public Works for: 

Change Order #1, Cloverbrook Drive for 
Res. #5986-83 is necessary because addi¬ 
tional pavement had to be moved in order 
to assure proper drainage; 


involving an increase of Two Hundred Two and 50/100 Dollars 
($202.50), all as more particularly set forth in the specifica¬ 
tions, and which is on file with the Office of the Board of 
Public Works, and is by reference incorporated herein, made a part 
hereof and is hereby in all things ratified, confirmed and ap¬ 
proved . 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 








Read the f4< 
seconded by 


.me in full and on motion bv 
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and duly.adapted, read tfcf 


_ _ _ . read t&e -p 

by title and referr^/to the Committee_(\ai 

Plan Commission for recommendation) and Public Hearing to be hgZd 


econa time 
md the City 
after 


due legal notice, at the Cour^oilr^CHambers, City-County Building, Fort Wayne, 

Indiana, on_ , the_*_ , / / d ay of 

19_, at A o ' clock ^ .M. ,E/. g .,t . 




CITY CLERK 


Read the thi 


seconded by 

passage. PASSED 
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AYES 

TOTAL VOTES 
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EISBART 
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SCHMIDT 
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SCHOMBURG 


SCRUGGS 
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STIER 


TALARICO 


in full and on motion by_ 


by the following vote: 

NAYS ABSTAINED 


and duly adopted, placed on its 


DATE: 






city Clerk 

Passed and adopted by the Common Council of the City of Fort Wayne, 
Indiana, as (ZONI NG MAP.) _ (general) ffiiroCTaTJowi (SPECIAL) 


ORDINANCE (R 

/ /d ay of 




(SPECIAL) . 

_, 19 /t$. 





Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 

_ /V - g ^ d ay of . IS 

_ _o'clc 


at the hour 


Approved and signed by me this 
19 *$3 , at the hour of_^_o’clock ^ 



WIN MOSES, JR. 


MAYOR 













































































JL 



CloverbrookJIriv 


Lakeside Construction Co. 


(Contractor) 




Resolution No. 

Board Order No. 106-83_ 
Date . ‘8/29/5 3, 


tlemep: 


are hereby requested to comply with the following chances from the contract plans and 
cifications: 



« lm n* S 202.50 is hereby (added to) (*rtocrf»ra«») the total contract 

ce, and the final contract price shall be adjusted as follows: 

Orioinal Contract Price 5 _ 19,013- 00- 

Current Contract Price Adjusted by.Previous Change Order 5-- 

New Contract Price Including this Change Order 5 19,215, 50- 

«s®»Bss)°by ded for 

^ 2 .LrTbl- . Furthermore, this document shall oecome an. 

*°'to the'contract and all provisions of the contract shall apply hereto. 

H/JO/ds-. 


moved by: 
moved by: 


by: 

: L.;J, /n-f/s 

luru-d: ^Licct 

; Contractor) ! 

\ 0 *.dg./OWa*C> 

<Dlr ?«^yKJgr‘ 


(Owner) 

' ~pf 7 / '■ . 
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REQUEST AND JU5iIrIC; 


Chance Order Mo. 
Resolution Mo. 
Board Order No. 


TON FOR CHANGE 


5986-8 3 

106-83 \ 



Necessity for changer We had to remove additional pavement in order ., to assur e, 
proper drainage 


Vfill proposed change alter size of the project? -e= _ 
If ye c , explain: Only in total square yards of pavement 


Affect 


maintenance cost of this project: 


None 



Vic BoSay, 


Project Engineer 


































































S-83-09-55 


BILL NO. 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 


WE, YOUR COMMITTEE ON Public Works 
ORDINANCE approving Change Order Ho. 1, 
#5986-83, with Lakeside Construction Co., 


_TO WHOM WAS REFERRED AN 

Cloverbrook Drive, Res. 


in connection with the Board 


of Public Works 



HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BE£ 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE -yQ 


LEAVE TO REPORT 
PASS. 


SAMUEL J. TALARICO, CHAIRMAN 


VICTURE L. SCRUGGS, VICE CHAIRMAN 




MARK E. GiaQUINTA 


PAUL M. BURNS 


ROY J. SCHOMBURG 






























Admn. Appr. 

1ITLE OF ORDINANCE_ Change Orde r No. 1, Cloverbrook Driv 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 
SYNOPSIS OF ORDINANCE This Change Order No. 1 , Cloverbrook Drive for Res. 5986-83 

is necessary because additional pavement had to be moved in order to assure proper 
_drainage. Lakeside Construction Company is the Contractor. 


e. Res.^5 986-83 


EFFECT OF PASSAGE Completion of project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, 


EXPENDITURE, SAVINGS) l ncrfiase , n 


ASSIGNED TO COMMITTEE 




















































































